CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


PROGRESS MADE THIS WEEK 
MONDAY-FRIDAY [06.24-06.28] 


¢ Roadway excavation and lighting on Prospect 
[Pennsylvania to Duane] 


+ Sidewalk, driveway aprons and furniture zone on 
Pennsylvania [Main to Park] 


¢ Phase 2 perennial plantings and replacement trees 
along Main [north and south of the railroad tracks] 


JUNE 28, 2024 


WORK ANTICIPATED NEXT WEEK 
MONDAY-WEDNESDAY [07.01-07.03] 


¢ Roadway excavation on Crescent 


¢ Sidewalk/driveway/concrete gaps, trees and 
miscellaneous electrical work along Pennsylvania 
[Main to Park] 


DETOUR INFORMATION 


Pennsylvania [Forest to Park] is currently ONE-WAY 


WESTBOUND. 


Prospect [Pennsylvania to Duane] will be ONE-WAY 


SOUTHBOUND next week; see the detour route maps. 


Expect temporary closures on Crescent next week. 


ALL businesses and pedestrian access remain open. 


Clay Keller, P.E. 
Meredith Hannah 


630-936-9456 
630-547-5345 


OTHER IMPORTANT INFORMATION 


¢ Pennsylvania sidewalk work should be done next 
week with bricks expected the following week. 


¢ Work will cause temporary disruptions along 
Prospect, Crescent and Glenwood. Access to the 
Crescent-Glenwood public parking lot will be 
limited to the western OR middle driveway; see 
the detour map. 


+ Ifyou ever have questions/concerns regarding the 
project, please reach out to a contact listed below. 


-i oprao 
pkeller@bla-inc.com ee 
mhannah@glenellyn.org E 


CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


Hawthorne Blvd 


Hawthorne Blvd 


Glenwood 
[Pennsylvania to Crescent] 
ONE-WAY NORTHBOUND 


Main St 
Park Blvd 


CRESCENT-GLENWOOD PARKING LOT Pennsylvania 


During Crescent roadway excavation, 
access to the Crescent-Glenwood lot will 
be limited to the western OR middle 
driveway, depending on where 


Forest Ave 


[Forest to Park] 
ONE-WAY WESTBOUND 


excavation work is occurring. Anthony St => 
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